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BILL NO. S-85-06- / A 


SPECIAL ORDINANCE NO. S- PEONES 


AN ORDINANCE approving Change Order #l - 
Res. #403-85, Lathrop St. Drainage 
Improvement, with L. W. Dailey, Inc., 

in connection with the Board of Public 
Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION: L- 


That Change Order #1 - Res. #403-85, 


Lathrop St. Drainage Improvement, with L. W. Dailey, Inc., in 


connection with the Board of Public Works and Safety, for: 


a time 


extension; the City of Fort Wayne 


is still negotiating easements from the 
remaining property owners and therefore 
this project cannot commence. The con- 
tracts were signed on January 2, 1985 


and as 


stated in the contract, 180 days 


were given to complete the project; This 
would result in the contract completion 
date to June: 2, T9857 Therefore, ast. 1s 
recommended to extend the completion date 
to December 2, 1985; 


(no money involved), all as more particularly set forth in the 


specifications, and which is on file with the Office of the Board 


of Pulbic Works and Safety, and is by reference incorporated herein, 


made a part hereof and is hereby in all things ratified, con- 


firmed and approved. 


SECTION 2. 


That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 









Attorney 










Read the first time in full and on motion by 
seconded by ; 
by title and referred to the Committee 
Plan Commission for recommendation). and Pub ic Hearing to be 


r 
second time 
end the Cit 
eld after 





due legal notice, at the Council C ing, Fort Wayn 
Indiana, on , the ; ‘day of 
ie a ae o'clock sM: E 





"a 
DATE: Ad S 4 
KENNEDY, CITY CLERK 


> in full and on motion by AR, ' 
J , and duly adopted, pl On its 


(LOST) by the following vote: 






Read the third 
seconded by 
passage. PASSED 


AYES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES ie Het dee ) 
BRADBURY SG Ma 
BURNS Sni C 
EISBART Mank Fooi 
GiaQUINTA CaS ENa 
HENRY ooh ees: 

REDD Meee. PEEN 

SCHMIDT ee aie tS 7 
STIER ao EEA 

TALARICO te 





DATE: AA 2y rs 


ANDRA E. KENNEDY, CITY 
Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as ( 7 ON (APPROPRIATION) (GENEE ) 






(SPECIAL) (ZONING-MAP) ORDINANCE 


on the Lee day of 


-~ 
E: 


ATTEST: 


Oe é ae 


E. KENNEDY, CITY CLERK 






SANDRA 


Presented by me to the Mayor of 
on the — A pee day of 


at the hour of Ler o'clock Ag ey ST BOT 


RATE. (KENNEDY, “CITY Ci@sRK 


Approved and signed by me this ae day of oe 


19 fS at the hour of 3 Wie oO. clock Pa EM Ee Steels 
\ ae. 


WIN MOSES, JR., MAYOR 


ort Wayne, Indiana, 


ws 
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CHANGE ORDER 


Change Order No. 1 Resolution No. 403-1985 








Project No. Board Order No.l27- 
Name of Project: Lathrop Street Drainage Improvement Date: 
To: L.W. Dailey, Inc. 

(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


eRe 5) Description of Change erase se 
Quantit 


oo | mem elon 






Change in Contract Price 
Decrease 











_Total Increase 


Net (Decrease) (Increase) Contract Price 


The sum of $ N/A is hereby (added 'to) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


N Ln IN 


The time provided for completion in the contract for this project is (MREZE (increased) 
(aE) by 180 calendar days due to this Change Order. The date for completion 
of all work shall be 2 December 1985 . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Date Mas 23 SPOS 


Date 5-15-6085 


Date ry 23 1296 
Date O R- pS 


od / / 
ee Or E Sy Oe Oy Seema ener cere 





Chief Engineer 





‘Recommended by: 





Accepted by: Contractor 
Approved by: 


Approved by: 


Te 


Change Order No. 1 
Resolution No. 403-1984 
Board Order No. 127-1984 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: The City of Fort Wayne is still negotiating easements 


from the remaining property owners and therefore this project cannot commence. 


The contracts were signed on 2 January 1985 and as stated in the contract, 


180 days were given to complete the project. This would result in the contract 





completion date to 2 June 1985. Therefore, it is recommended to extend the 





completion date to 2 December 1985. 

















Will proposed change alter size of the project? Yes No X 


If yes, explain 
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JUF P muni. MIPIT. 





TITLE OF ORDINANCE Change Order #1 - Res. #403-1985, Lathrop St. Drainage Improvement 


eee 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety | JOEA 


0 TAk S i x : 
SYNOPSIS OF ORDINANCE Change Order # athrop Street Drainage Improvement, Res 


403-1985, is a time extension. The City of Fort Wayne is still negotiating 








easements from the remaining property owners and therefore this project 





cannot commence. The contracts were signed on 2 January 1985 and as stated 





in the contract, 180 days were given to complete the project. This would 


er a i RR e e a ea E 


result in the contract completion date to 2 June 1985. Therefore, it is 


p 


recommended to extend the completion date to 2 December 1985. L. W. Dailey, 


Inc.. 1s the Contractor. 
EFFECT OF PASSAGE Time Extension 


Pn cnn eran anne nr a ee ee een amr 


nee a a a e a 


EFFECT OF NON-PASSAGE 











MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) None. 





ASSIGNED TO COMMITTEE 





eT hi NO: $=-85-06e17 g V 





REPORT OF THE COMMITTEE ON CITY UTILITIES 





WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 





REFERRED AN (ORDINANCE) . (RESOLUTION) approving Change Order #1 - 
Res. #403-85, Lathrop St. Drainage Improvement, with L.W. Dailey, 


Inc., in connection with the Board of Public Works and Safety 




















‘ 1 





HAVE HAD SAID (ORDINANCE) (RESOXXERDONY UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE). 
(RESOMXKKON) (DO PASS) . (DO NOT PASS) (WITHDRAWN) 


MES Fee Aas ie NO 










THOMAS C. HENRY 
CHAT RMAN 


ANET G. BRADBURY 
CE CHAIRWOMAN 


DONALD J. SCHMIDT 


— SSS 


JAMES S. STIER. 


A E 5 Ze _ CHARLES B. REDD 
CP at te e a nt E a3 


CONCURRED IN Sige ys KEA SANDRA E. KENNEDY 


oe CITY CLERK 








